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1« Larne -scale improvement and enlargement work has been carried on at the 

fucharest-Otoneni (XC 65) airfield since April lSlo'. It was to be completed 
by the fail of 1950. 

2, The old hangars ’./ere fully occupied by Soviet solitary aircraft during the 
construction work. 


3e The construction plane were worked out by the Soviets and placed at the dis- 
posal of the Rumanian offices through the Rumanian V/ar Department. It was ob- 
25X1 vious tli/.t t he Soviets had great interest in the work. | 

25X1 | | cor.r:‘.3sions of high ranking Soviet officers checked the work. 

lu The construction costs amounted to about 300 million leis, which had to be maid 
by the Rumanian 3tatc. 


5. The combined i>o vi et-Runanian Construction Firm Sovrom- c onstruct;ii was given tbs 
contract for the work. The to’; was carried out by central office t, T o 1 under the 
su ervision of a Ruranian engineer, whose name was not remembered, and his deputy. 
Traian DIgan, also a Rumanian engineer. 

6o The project under construction was a new concrete runway, un de rground fuel and 
ammunition dumps, and parkin*; .sites partially underground. 

7o The now runway is 300x2, 500 meters, iias a 60— cr.i subgrade of granite, topped bv 
broken stone, sand and concrete. It extends from southwest to northeast. The 
southwestern or.ri is about 60 to 70 meters fr m the entrance to the field. Parts 
of the old runways were renewed when the new runway was being built. The runwa^ 
was completed by October 192*9. “ 

8. The underground fuel and ammunition dumps were dispersed along the border of the 
field. They were about 1.5 net ess underground and were topped by a thick concrete 
roof. 


9» The aircraft revetments, which are also scattered around the edge of the field, 
arc underground and have small concrete roofs for the protection of the engines. 
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The planes roll into the revetments on inclined anrons , Each revetment 
holds one plane. The parked aircraft are covered* with camouflage nets. 

10. About 000 laborers were permanently employed, 

* | I Comment. The report, which is believed to be credible, contains 
a number or details on the construction of the Otopeni airfield. Another 
source previously reported that a new runway suitable for jet aircraft 

to . bo I 1 &K2 runway is now believed to be finished. 

.The aircraft revetments which were previously reported, were apparently be- 
ing made on the fuel and ammunition dumps also. I I The field 25X1 A 

which is still believed to be occupied by a Soviet fighter unit, is evident- 
ly to remain in the pessession of the Soviets. The fighter unit possibly 
is to be re-equipped with jet aircraft q ^ 
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